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Message Text 

UNCLASSIFIED 

PAGE 01 MOSCOW 18594 281 525Z 
ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 SSO-OO SY-05 /019W 

023217 281526Z/43 

O R 281429Z DEC 77 
FM AMEMBASSY MOSCOW 
TO SECSTATE WASHDC IMMEDIATE 6080 
INFO AMEMBASSY VIENNA 

UNCLAS MOSCOW 18594 

FOR A/FBO 

E.O. 11652: N/A 

TAGS: ABLD, AFSP, AFAC, ASEC/NSU, UR 

SUBJECT: EMBASSY RECONSTRUCTION, PROPERTY NO. L01001, LANG 
CONTRACT 

REF: (A) STATE 308055 (B) MOSCOW 18424 (C) STATE 257728 (D) 

STATE 281187 (E) MOSCOW 15404 (F) STATE 295876 

1 . ORIGINAL OCT. 18, 1977 LANG PROPOSAL AS REPORTED REFTEL (E) 

COVERED 12 CATEGORIES OF WORK INCLUDING MATERIALS $42,033 AND 
LABOR $86,030. DEPARTMENT AUTHORIZED CONTRACT AWARD FOR LABOR 
ONLY FOR $86,030 PER REFTEL (C) AND THAT IS THE SCOPE AND AMOUNT 
OF THE BASIC CONTRACT REFERRED TO IN REFTEL (B). 

2. THE CHANGE ORDERS MENTIONED IN REFTEL (B) ARE OF THREE 
CATEGORIES: 

A. FURNISHING 125 KVA TRANSFORMER FOR $2,300 AS 
AUTHORIZED BY REFTEL (D). 

B. DELETION OF SOME LABOR COSTS IN ORIGINAL CONTRACT SINCE 
WORK BEING DONE BY SEABEES. 

C. ADDITION OF SOME LABOR AND MATERIALS COVERING NEEDS 
NOT ORIGINALLY ANTICIPATED. 

3. THE DEC. 7, 1977 PROPOSAL IS CONSISTANT WITH THE OCTOBER 
UNCLASSIFIED 
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18 PROPOSAL EXCEPT IT PROVIDES COSTS RELATING TO CATEGORY B AND 
C ITEMS WHICH WE NEED TO ANALYZE WITH LANG IN ORDER TO FINALIZE 
WITH FURTHER CHANGE ORDERS WHICH WILL EITHER BE SUBMITTED 
TO A/FBO FOR PRIOR APPROVAL OR, IF LESS THAN $2,500, EXECUTED 
AT POST UNDER AUTHORITY DEPARTMENT'S REFTEL (F). 

4. ORIGINAL CATEGORIES OF WORK CONSISTED OF FOLLOWING: 
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A. MAIN POWER LINE FROM SERVICE ENTRANCE TO 8TH FLOOR. 

B. SEPARATE POWER LINE AND GENERATOR CONTROL LINE FROM 
BASEMENT TO 9TH FLOOR. 

C. GROUNDING LINE FROM 10TH FLOOR TO BASEMENT. 

D. GROUNDING LINE FROM 7TH AND 8TH FLOOR TO BASEMENT. 

E. GROUNDING LINES FROM 9TH FLOOR TO BASEMENT. 

F. POWER DISTRIBUTION FROM 8TH FLOOR MDP TO SUB 
DISTRIBUTOR PANELS ON 7, 8, 9 AND 10TH FLOORS. 

G. MOUNTING OF ABOVE SUB-DISTRIBUTOR PANELS. 

H. 8TH FLOOR BRANCH CIRCUIT WIRING. 

I. 7TH FLOOR BRANCH CIRCUIT WIRING. 

J. 10TH FLOOR BRANCH CIRCUIT WIRING. 

K. PROVISIONAL UNFORESEEN LABOR ALLOWANCE. 

L. ENGINEERING, FLIGHT, SHIPPING AND DIFFERENTIAL PAY 
COSTS. 

TOTAL CATEGORIES A THROUGH L ARE 12. 

5. TO ABOVE IS ADDED $2,300 FOR THE FURNISHING OF 125 KVA 
TRANSFORMER. FROM ABOVE WILL BE DEDUCTED ALL OF ITEMS C, D, J 
AND L AMOUNTING TO $35,578. TO ABOVE WILL BE ADDED LABOR AND 
SOME SUPPLEMENTAL MATERIALS FOR CONNECTIONS OF GENERATOR, 
TRANSFER SW, AND TRANSFORMER, AND LABOR FOR POWER CONNECTIONS TO 
THE OUTSIDE A/C CHILLERS, AND PART OF ITEMS K AND L ON PRIOR 
APPROVAL COST INCURRED BASIS. THESE AMOUNTS ARE BEING 
ANALYZED. 

UNCLASSIFIED 
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6. REQUEST IMMEDIATE AUTHORITY FOR LANG TO PROCEED TO MOSCOW 
IN ORDER AVOID DELAY IN GETTING POWER TO C & R AREA. 

TOON 


UNCLASSIFIED 


NNN 
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Copy: SINGLE 
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Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 
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Disposition Event: 

Disposition History: n/a 
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Disposition Remarks: 

Document Number: 1977MOSCOW18594 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 
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Executive Order: N/A 

Errors: N/A 

Expiration: 
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Format: TEL 
From: MOSCOW 
Handling Restrictions: n/a 
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ISecure: 1 
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